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Project Background 


¢ East Cottage Street and Norfolk Avenue 
bridges, both built in 1906, carry the 
Fairmount Line Commuter Rail line 
through Roxbury and Dorchester. The 
MBTA is upgrading the bridges to 
improve safety and reliability. 


¢ Project features and benefits include: 


¢ Removing existing bridges, which are at the end of 
their lifespan. 


¢ Building new steel superstructures for both bridges 
with an expected lifespan of 75 years. 

* Removing speed restrictions to eliminate potential 
service delays. 


¢ Repainting the community mural on East Cottage 
Street. 


Project Location 


Norfolk Avenue 
Bridge 


255 Norfolk Avenue 
and 82-98 Burrell 
Street Properties 


East Cottage Street 
Bridge 


Where We are in the Process 


Upcoming Activities and Work 5 


¢ Between the months of April and June residents can expect field workers to 
survey and prepare the area for construction. 


¢ The existing conditions of the buildings/residences next to the abutters will be 
documented. 
¢ Notices have been sent to abutters. 


¢ Micropiles and tiebacks will be installed. 
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Where We Are in the Process 


Laydown Areas 6 


Burrell Street Parcels 
¢ Parcels owned by City of Boston and 
private entity. 
¢ Close proximity to Norfolk Avenue 
Bridge. 
¢ Contractor will be required to secure site 
during non-working hours 
¢ Contractor employees will not be 
allowed to park along Burrell Street. 
¢ Space will serve as Contractor laydown 
area for: 
¢ material storage 
* equipment storage 
¢ staging area 


Where We Are in the Process 


Laydown Areas 


Alexander Street Parcel 
¢ Existing MBTA Property 
¢ Along Fairmount Line, just south of 
Uphams Corner Station. 
¢ May be used as Contractor's access to 
right of way. 
¢ Space will serve as Contractor laydown 
area for: 
¢ material storage 
¢* equipment storage 
¢ staging area 


Street Closures — Norfolk Avenue and East Cottage Street : 


¢ Both Norfolk Ave and East Cottage St will experience partial and full closures. 


Partial Closure: 

¢ Weekdays 9 am-—3pm 

¢ Alternating one-way traffic 

¢ One sidewalk always open 

¢ Full street available during non-work hours 


Full Closure: 


¢ 4 Weekends 9 pm Friday — 6 am Monday 
¢ 2 weekends per a street. 


See Appendix for details on Traffic Detours 


Impact to Fairmount Line Service 


¢ There will be no service on the 
Fairmount Line for 4 weekends 


during the project. 


¢ Visit the MBTA Trip Planner to find 


alternative service. 
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Construction Expectations 

¢ Residents will not be able to park under the East Cottage Street or Norfolk 
Avenue bridges throughout construction. 

¢ Residents can expect night time and weekend work. 

¢ There will no street excavation or impact to utilities on this project. 

¢ The mural underneath the East Cottage Street bridge will be repainted. 


¢ Contractor will monitor noise using these measures: 
¢ Ambient-sensitive truck back-up alarms 
¢ Truck idling limited to a maximum of 5 minutes 
¢ Limitations on equipment used during nighttime hours 
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Project Timeline 


Spring — Summer Site preparation begins 
Abutment strengthening begins, 

Summer — Fall micropiles and tiebacks will be 
installed 

Fall — Winter 2022 Bridge Construction 


Winter/Spring 2022 Project Completion 


Contact Information a 


Please contact the community engagement team at 
mcomas@mbta.com. 


Visit the project website for project updates. 


www.mbta.com/eastcottage 


Thank you 


Written feedback is also 


welcome at 


EastCottage@mbta.com. Raising Your Hand 


¢ Please use Zoom’s “Raise Hand” feature to indicate if you have a comment. If you 
have a comment, please raise your hand and wait for the moderator to 
give you permission to speak. 


¢ By default, all attendees are muted so that only the presenters can be heard. When you raise 
your hand, it alerts the moderator that you’d like to soeak. The moderator will unmute 
attendees to ask questions in the order that they raised their hands. 
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To speak, click Send a chat | *9 
“Reactions” to the moderator Raise Hand 
then ro: CESSES 


Ty, ¥ Everyone 
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Appendix 


Detour Routes — Norfolk Avenue Closure 


Eastbound Detour 
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¢ Traffic detoured to major 
streets: 
¢ Magazine Street 
¢ Massachusetts Avenue 
¢ Local traffic only on East 
Cottage Street and Norfolk 
Avenue 
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Detour Routes — Norfolk Avenue Closure 
Westbound Detour 
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Detour 


¢ Traffic detoured to major 
streets: 
¢ Columbia Road 
¢ Dudley Street 
¢ Magazine Street 
¢ Local traffic only on East 
Cottage Street and Norfolk 
Avenue 
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Detour Routes — East Cottage Street Closure 


Eastbound Detour 18 


¢ Tratfic detoured to major streets: 
¢ Dudley Street 
¢ Magazine Street 
¢ Massachusetts Avenue 
¢ Local traffic only on East 
Cottage Street and Norfolk 
Avenue 


Detour East Cottage St Bridge 
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Detour Routes — East Cottage Street Closure 
Westbound Detour 19 


¢ Tratfic detoured to major 
streets: 
¢ Columbia Road 
¢ Dudley Street 
¢ Local traffic only on East 
Cottage Street and Norfolk 


East Cottage St Bridge A 
venue 

East Cottage St Westbound Detour 
Bridge 
Street Closure Open & 
to Local § 
[ Traffic Only é 


E Cottage st 5 
ee 
(D ae E Cottage s+ 


"4 ts 
ee 


Detour 
& 
eg S , Y fi (T) 
Cc 


